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BILL NO. S-76-01-/^ 


SPECIAL ORDINANCE NO. S- ^ 7 ^ 


AN ORDINANCE approving Change Order No. 1 
in connection with Senior Citizens 
Center. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 to Civilian Construction 
Corporation in connection with the Senior Citizens Center in the amount 
of $2,640.00 as set out in the specifications, is hereby in all things 
ratified, confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and 
effect from and after its passage and approval by the Mayor. 



APPROVED AS TO FORM 
AND LEGALITY,_ 









Read the first time in full and rn motion by 




seconded by 


, and duly adopted; read the second time by title and referred 

to the Committee on _ ;:-4a^i-^--fcte-Ci^^l an 

Commi-^s+ofi-foi—recDmiTfend^t1w)~aTTd''’''FtrtfH-eH4ea+4nfleqal notice 

at t4i-6-6&tmcii~'~eiTam CTtv^Countv BiriiithTOhr-fei^^ on_ _ , 

the"'-—-Tdarrrrf ~ 


zrmz 




o'cl-&el< PJL ,E.S.T. 
Date ‘ _ / 


Read the third time in full and on motion by_ 



seconded by v , and duly adopted, placed on its passaae. 

. 

Passed by the follow!no vote: 

AYES, NAYS ABSTAINED ABS: 


TOTAL VOTES 


HI NO A 


HUNTER 


MOSES 


NUCKOLS 


SCHMIDT, 

D. 

SCHMIDT, 

V. 

STIER 


TALARICO 




/ 


□ 


DATE: 




CITY tLCRK 

Passed and adopted by the Common Council of the City of Fort V/ayne, Indiana, 
(Special )■ (App«)flid^t4«|.’) Ordinance 

^^^,-19^- 



pTeserfted m'e'X'ythe Mayor of the City of ^rt .Naype, T.ndfan.a.,,.o.n.;:thei,X 
dav of ' r. 197 , at the hour of X7 o'clock 

Y~0’ 

M . ,E.S.T. 

^ ^ City clei IT" 

Approved and sinned by me this _day of ^ , 197 

at the hour oT ^f30 o'clock_ ^ M.^E.S.T, 












































































Bill No, 


3-76-01-16 


PUBLIC WORKS 


We, your Committee on 


REPORT OF THE COMMITTEE ON _ 

Public WorJs _ to whom was referred an Ordinance 


approving Change Order No. 1 in connection with Senior Citizens 




have had said Ordinance under consideration and beg leave to report back to the Common 

































THE CITY OF FORT WAYNE 

board of public works 
city-county building 

one main street Decsiber 22, 1975 

fort wayne, Indiana 46802 


Hie CoiniiDn Ctouncil 
Fort Wayne, Indiana 


EE: Senior Citizens Caater 
Gentlenen and Mrs, Schmidt: 

Attached is a copy of Change Order Jfo, 1-GC from Civilian Ccristruction Cmpargr 
in amcmt of $2,640.00 for the Senior Citizens Center. Change Order covers 
the installation of a tenporary sewer line until a permanent sewer line can 
be installed at a later date. 


In order to prevent several months delay in construction, the :^ard is 
requesting a "Prior Approval" on this project. An Ordinance wrill be submitted 
. for . formal ^proval January 1976. 

/3 

Sincerely, 

EQAHD OF PUBLIC WSKS 

-.Carl E. O’Neal, 


CE0;bt 
cc: Ifeyor 
Attachmmt 




City Clerk 


AN EQUAL OPPORTUNITY EMPLOYER 















CHAKGE ORDER 


Change Order No. "3^ ^ 

Project No. • 

Matas of Project Senior Citizen Center 


/^ 2 - 



Resolution No. 
Board Order No. 
Date I 


To*. _ Civilian Construction Corporatio n. 

(Contractor) 


Gentlemen: 


You are hereby reouested to comply v;ith the foJLlo'.ving changes from the contract plans and 
specifications: 


item 
No. 

Quantity 

Description of Change 

Unit Price 

Change in Co 

ntract Price 

Material 

Decrease 

Increase 

1 


Temporary id*' C.M.P. Sewer to re-route 
existing brick sewer. 



$ 2,640.00 















; 





: 




= lotal Decrease 



■ i.otal Increase 


2,640.00 


■ Net (Increase) Contract Price 


2,640.00 


LXH#i7.c7o 


The sura of 5 $2.640.00 _ is hereby ( added to ) (d;C 5 ?i«< 3 «©(k>£®«xn) the total contract 

price, and the final contract price shall bs adjusted as follows: 

Original Contract Price S_776,787.00 , 

*Current Contract Price Adjusted by Previous Change Orde: 

New Contract Price Including this Change Order 
tif Ch a nge 0 1 ' dm Moj. - I-GC a iTd~g"' GC a r c approvod - 
The time provided for completion in the contract for this project is ( unchanged) (?h5§^163S)^) 
hv - calendar days due to this Change Order, ihe date tor completion 

of all work shall be '"August. 1976 Furthermore, this document shall become an 

amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended by: 
Accepted by: ^ 
Approved by: 


Approved by. 



Engineer) Date - 7.C~ 


(Contractor) Date /2— 


^ Date 
































































Change Order Mo .- 3=06* 

Resolution Mo- . . _ 

Board Order Mo. _;_ 


REQUEST MD JUSTIFICATION FOR CHA!^!GE 


1- Mecessity for change: The re-routinq of the existing 24" brick combination_.jS £iiffir. 

located in the east-west alley to be vacated has not been initiated. At 


this time we are requesting the installation of a temporary 10" 

corrugated 

metal pipe sewer to the south of the new building to handle the 

matter 

sev/er . 

being carried by the brick/while the permanent rerouting is being carried out 

so that construction of the Senior Citzen's Center can continue. 

If this 

request is not approved, it will delay construction time several 

months. 



2. Will proposed change alter size of the project? Yes ' No _^ 

If yes, explain: __ . - ______ 


3. Affect on operation and maintenance cost of this project: If this request is not 

approved, it will delay construction time several months., 



Engineer 































































































DIGEST SHEET 


TITLE OF ORDINANCE Special Ordinance _ . _^ 

DEPARTMENT REQUESTING ORDINANCE_ Board of Public Works _ 

SYNOPSIS OF ORDINANCE Covers Change Order #1-GC from Ci-yilian Construction 
Corporation in anpunt of $2,640.00 for the Senior Citizens Center. .... 

The Senior Citizens Center project needs to have a tenporary sewer line put in 

until the permanent sewer can be installed. 


SEE PRIOR APPROVAL ATTACHED 


EFFECT OF PASSAGE Construction company can proceed on work for Center 


EFFECT OF NON-PASSAGE TaTiII cause delay of construction time several months 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) $2.640.00 


ASSIGNED TO COMMITTEE 






























